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Copy _[ of 3 
18 June 1958 


MEMORANDUM FOR THE RECORD 


SUBJECT: Concurrence in Amendment No. 17 to Contract No. A-101 with 
The Ramo-Wooldridge Corporation, [ Project CHALICE 25X1A 


1. This memorandum contains a recommendation submitted for 
approval of the Special Assistant to the Director for Planning 
and Development. Such recommendation is contained in Paragraph 5. 


2. Contract No, A-101 and Amendments Nos, 1 through 16 there— 
under provide for the research and development and production in 
connection with electronic systems and supporting equipment bein 
— for CHALICE, Office of Communications, PPS i) 25X1A 


25X1A 


3- Amendment No. 17 extends the period of performance of the 
contract to cover the pericd 1 July 1958 through 31 March 1959 which 
period of tima, it is estimated, will be required for completion of 
deliveries and rework of System 4, No additional funding required 
for this Amendment, 


4. Certification of funds for this contract will be handled 
under the procedure approved by the Director of Central Intelligence 
on 15 December 1956 which, in effect, results in all 10(b) expenses 
involving issuance of Treasury Checks being accumlated in a 
separate account within the Finance Division. The amounts in this 
account will be periodically scheduled for certification of the 
vouchers by the Director, This procedure @iminates the necessity 
for a separate certification of authority under Section 10(b) of 29 
Public Law 110, 8lst Congress, for each contracterueret eo. é 
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de Approval of Amendment No. 17 to Contract No. A 
. -101 
execution thereof on behalf of the Agency by the authorized ai 
Contracting Officer is recommended, 


25X1A 
ontracting Officer 
25X1A 
25X1A 
25X1A 
meral Counse (,/ 20/5 
j 
Approval requested in 25X1A 


Paragraph 5, granted, 


ry B ELL, JR. 
Special Assistant to the Director 
for Planning and Development 
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18 June 1958 


MEMORANDUM FOR THE RECORD 


SUBJECT : Concurrence in Amendment No. 17 to Contract Mo. A-101 y: 
with The Ramo-Wooldridge Corp. . a 


1. The undersigned has reviewed the subject contract or amend- 
ment and finds that the scope of work included therein is in accori- 
ance with the requirements levied on the Project AQUATONE procure- 

25X1A ment system 


25X1A 


pie. ssigle, fue, tee odbc 


NO CHANGE IN CLASS. 
ty DECLASSIFIED 


i WA CLASS. CHANGED TO: TS S Cy. | 
GME | NEXT REVIEW DATE: . Loy me 
AUTIE HR 70-2 
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